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4 THIS DoseMENT conmrains INFORMATION AFFECTING THE NATIONAL DEFERSE 

QF THE GATNG SYATES WITHIN THE BEARING OF THE ESPIONAGE ACT SO 

G. &. G., 88 48D 33.48 ANZARED, (3 FRANSHISSION GO THE REVELATION 

OF 1S CONTENTS IN ARY MAIINER YO AN UNAUTRORZED PERSON (5 PRC. 
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THIS IS UNEVALUATED INFORMATION 


25X1 1. it was learned on 19 vanuary 1950 that the recone 
struction of the second track of the Littenber:e 
(: 55/Y¥ 69) « deestrottuerg (*' 53/¥ 77) line is 


25X1 planned for 1950. 
Bo 
25X1 
5X1 the second ‘track ts to be relaid on the tite 


tenberre~ -caatcottber- line. fhe work is to 
be undertaken br the -ittenber-s itailroad 
Construction Fi-eeau. its execution is to 
bein as soon as possible. ivor this purpose 
a work order with a detailed list of the re- 
quired permanent way materials, as arranred 
by telephone on 3 arch 1950, will have to 
be submitted. fhe required labor will be ree 
eruited in arreement with the labor office, 
fhe construction worl will be performed ac- 
cordin» to the specificationge laid down for 
the + 49 Pr 45 © type permanent road. A 
eraphic tine table indicatin- the schedulad 
prorress of the construction work will be 
submittec for approval. if the required 

25X11 materials are delivered in time, the pro= 
ject should be cornpletee by 27 Vay 1950,[ | 


25X1 [ _|ament.. This section of tha line is a bottle- 
neck cn the Wittenbor.-e-‘andeburr (i 53/¥ 60) trunk 


line which can only be overcome by the reconstruction 
of the second track. tor ‘sketch see Annex. 
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Whetter the second track of the Mlbe Rivar bride, 
with a span of 1,100 meters, 1s also to be reha~ 
bilitateé, is not quite clear, but probable. At 
present the roadbed of the secon. track is being 
used as a roadway in lieu of the destroyed road 
bridee. Ip order of the Soviets this roscway was 


5X1 recently widened from 3 to 3.6C veters.[ | 
whis work was completed In “ay. 


25X1 


tt is not known whether the roucsed of the second 
track will continue as a temporary roadway after 
the reconstruction of the geconce track. in the 
investment Prorran for 19850, 525,900 feetme- are 
earnarked for the constrvetion project. " 49 Bre 
type permanent road is built with the heaviest 
rails in 30 meter lenths. 46 FE means that 45 steel 
ties are provided for 350 meters of rails. The bar- 
set date for the completion of the project does not 
seen to have beer kept since the berinnin= of the 
work was considerably delavec anc inforsation on 
its completion has not been received. 
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